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2 2 AUG 1977 


MEMORANDUM FOR THE RECORD 
STAT FROM: 

Lnier , Keai estate and Construction Division, OL 

SUBJECT: Proposed Headquarters Recreational Facility 

National Capital Planning Commission Coordination 

REFERENCE: MFR dtd 16 Aug 77 fm C/RECD/OL, 

subject: Status of Efforts re Implementation 

of Recreational Facilities at Headquarters 
Compound 


STAT 

! 


1. Per the guidance of Mr. Charles Conrad, Executive 
Director . — Nat i ona 1 — Capital Planning Commission (NCPC) , 

SA/RECD/OL, and the undersigned met 
witn Mr. Bob Gresham of the Project Review Division (NCPC) 
on 18 August 1977 to further discuss the proposed Agency 
recreational project to determine more specific NCPC require- 
ments for Agency submissions and the NCPC review process. 


2. Mr. Gresham was given an orientation on all aspects 
of the proposed project and he made several constructive com- 
ments regardiqng the location of the gravel access road and 
the gravel 20-car parking area. He mentioned that we should 
consider locating the gravel access road further south by ex- 
panding what appears to be an existing path or small vehicle 
road adjacent to the West Parking Lot north perimeter fence 
and relocating the parking lot away from the adjacent Depart- 
ment of Transporation (DOT) property which is located to the 
north of the proposed recreational facilities site. He also 
advised that if for some reason we required the parking lot 
and roadway adjacent to the DOT site that we should provide a 
barrier of trees between these facilities and the DOT property. 

3. With regard to the NCPC process, with which the Agency 
must comply, Mr. Gresham provided us with a list of procedures 
and a further explanation of the more specific submissions re- 
quired of the Agency. These requirements will include a memo- 
randum to NCPC generally addressing and identifying the scale 
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and content of project; a statement indicating the project 
is intended for the interim use of the site and that such 
interim modifications will not interfere with the future 
intended use of the land per the previously approved prelim- 
inary master plan; a statement addressing environmental 

wf?? S K ment o£ . the P r °ject and indicating whether the project 
will have environmental impact upon the environment; a state- 

aSS thJfto 115 ^ 65 that the ? ite i5 n0t a historical landmark 

Lecis lat i on°pf °«Q ^ C0 ™P liance with Historic Preservation 
egis lation PL 89-665; and a statement indicating the Agency's 

hS^ 5 d°d hethe V hiS revlew be held in P ub lic committee 
for such private executive session and the rationale 

Mrpr G re fham further advised that we must provide 

NCPC with an environmental assessment of the project exist- 

scanPnl Proposed site use plans, existing andVopSled fanl- ' 
T , P \ Pl S ’ ancl existin g and proposed topographic drawings 
The above memo, the environmental assessment, and drawingf 

bJ th^d"^T- tteCl 5°- NCPC for their internal staff review 
the ^nd d of d ii ne subrniss ^ on date s established and listed at 
, m emorandum . Each month following three weeks 

cessed N^ r °” a . deadli r submission date, the ? re5lew ££* 
aoo™™? ^PC commission hearings will be held with final 

and duline thll ?h rOVa1 ' u Up °j receipt of the above documents 
during this three week and one day period the NCPC staff 

wili perform an initial review and prepare an agenda of 

he P acco ^Pi lshed in the immediate NCPC regional 
J _ ictionfor submittal to the Planning Director of NCPC 

tors n o f U al1 H S< : hedl t led m °nthly meetings with planning direc- 
of the fmm i°r aL governmeat Jurisdictions who are members 

liJ h nf C 1 Go Y ernments (COG) , will inform them of the 

o 5 , this re S ional The members 

cha^e ?n S ^ ng W1 1 X be n In£orrned a s to whether the project is a 
5se n? the T ma ? ter V}™ concept’ or whether it is an interim 

normally ln ea ° h instance - Mr - Gresham mentioned that 

normaliy, if the project is an interim use of the site with no 

e- feet upon an originally approved master plan, no further 
ever ?? 5 / r ^ aSked , by the Participants in thii meetin How- 
con^ri f ri f i Ur ^f r 1 information is desired, Mr. Gresham would be 
information^ 16 a? 031 f lanning representatives and further 
thii nn a regardln § the project would be provided. Following 
to ?he ?o^ Ure - th£ NGPC staff would make its recommendation 
of ihr Commi ssion and schedule the hearings within the period 
ot thiee weeks plus one day. F 
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5. Mr. Gresham informed, that if the staff recommended 
commission approval of the project, the project would be 
placed on the commission consent agenda which will result in 
commission approval at a formal hearing without further pre- 
sentation or discussion of the project. Mr. Gresham asked 
if the Agency would be interested in public hearings or a hear- 
ing in executive session. I indicated that the previous com- 
mission hearings were conducted in private executive session 
and I believed that these hearings may be desired under the 
same arrangement. I agreed that if the Agency so desired 
this arrangement that the appropriate justification would be 
provided in the covering memo to be sent to NCPC. 


6. With regard to timing of these hearings, the follow- 
ing submission deadline dates and related commission hearing 
dates are provided to delineate the periods of time in which 
the NCPC review and approval process can occur depending upon 
the timing of our formal submission to NCPC: 


Deadline 
17 August 
14 September 
12 October 
9 November 


Meeting Date 
8 September 
6 October 
3 November 
1 December 


7. Mr. Gresham encouraged us to contact him while we are 
in the process of preparing the required documentation and to 
refer to two members of his staff for any assistance regarding 
the scale and scope of the environmental assessment that will 
be necessary. In view of the potential impact of this project 
on the DOT facility and as a courtesy to them as neighbors, 

Mr. Gresham also recommended that we so advise them of our 
intended recreational project. Although he did not mention the 
National Park Service (NPS) , it \^ould appear that they also 
would have to be notified since they are our neighbors. 

8. Mr. Gresham mentioned that the NCPC organization and 
officials of the NCPC have changed in structure and position 
since the last time they dealt with the Agency on the prelimi- 
nary master plan. In discussions with his superior, Mr. Ober- 
land, Director of the Project Review Division, he requested 
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a tour through the Headquarters site sometime in the near 
future and suggested a 9 September 1977 date. I agreed that 
it would be a fine opportunity to show both Mr. Oberland and 
Mr. Gresham our site and I would be very happy to do so. 


Distribution: 

Orig. - OL/RECD Official 
1 - OL/RECD Chrono ' 
1 - D/L-^ 

1 - OL Files 


OL/RECd 


(22 Aug 77) 
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MEMORANDUM FOR THE RECORD ^ J 


FROM: 

Chief, Real Estate and Construction Division, OL 

SUBJECT: Status of Efforts re Implementation of Recreational 

Facilities at Headquarters Compound 

REFERENCE: Memo dtd 8 Jul 77 to DCI fm OGC, DDA , DDCI, 

subject: Facilities for Physical Conditioning 

and Recreation (OL 7 3638, DDA 77-3952, 

ER 77-4297, OGC 77-4369) 


1. Per guidance and direction from the Director of Logis- 
tics, I was requested to inquire as to whether or not National 
Capital Planning Commission (NCPC) review of the proposed rec- 
reational facilities project at Headquarters was required prior 
to such implementation. On 17 August I telephoned Mr. Charles 
Conrad, Executive Director of the National Capital Planning 
Commission, to reestablish previous relationships developed 
during our coordination of the Agency Master Plan and to in- 
quire of any present NCPC requirements relative to the proposed 
recreational facilities. 

2. Mr. Conrad was informed that we intended to utilize 
part of the 43 acres of land, previously excessed from the 
Department of Transportation to the Agency, for the implemen- 
tation of several recreational facilities. He was advised 
that these recreational facilities would include a softball 
field and a combination soccer/football field both of which 
would occupy the same open grass area and requiring minimal 
elimination of trees on their periphery. He was also informed 
that the remaining recreational facilities would include an 
asphalt-paved basketball court which would double as a volley- 
ball court, a handball court which will displace a number of 
trees, a narrow crushed-stone access road, and a 20-car crushed- 
stone parking area. Mr. Conrad stated that if it were only a 
softball field and a football/soccer field that were involved, 
he would not require any further action from the. Agency but 
since we are considering several "formal structures” such as 

a paved basketball court, handball court, parking . area,') and ' 
access road, that he would like formal notification by the 
Agency. He further explained that this notification of pro- 
posed work is required since NCPC is responsible to inform and 

coord Fte&i 2004705/64 f 6l^R0P8dMOO4 65A00036&n 0005>-S t v ) 

such proposed "facility structures" of any scale or size in 
common areas of NCPC and local government jurisdiction. 
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3. Accordingly, Mr. Conrad recommended I discuss the 
matter with a Mr. Bob Gresham of the Projects Review Division 
at NCPC and prepare a memorandum from the Agency to NCPC indi- 
cating our proposed scale of work and the fact that it is an 
interim use of the site which will not hinder or affect the future 
implementation of the previously approved Preliminary Master 
Plan. It was understood that NCPC would review this interim 
land use proposal in commission hearings and then coordinate 
the contemplated work with Fairfax County planning officials. 

Mr. Conrad suggested that the memorandum be made reasonably 
general in nature. He mentioned that he would bring this 
subject to Mr. Gresham's attention and that Mr. Gresham should 
expect communications from me on the matter. I will meet with 
Mr. Gresham on Thursday, 17 August to discuss the proposed 
project in more detail. 


I 



Distribution : 

Orig. - OL/RECD Official 

1 - D/L^ 

1 - OL/RECD Chrono 

1 - OL Files 

STAT 

OL/RECD 



STAT 
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